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Message Text 


UNCLASSIFIED 

PAGE 01 BANGKO 18969 070852Z 
53 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

061669 

R 070820Z DEC 73 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 8798 

UNCLAS BANGKOK 18969 

E.OBC 11652: N/A 
TAGS: ABLD, TH 

SUBJECT: WATER SUPPLY TO WREHOUSE, 

CONTRACT S48-FBO-587 PROPERTY 05316 

FOR A/FBO FROM LORA. 

REF: BANGKOK OM (PROGRESS REPORT) DEC 3, 1973. 

1. REFER TO SITE DEVELOPMENT PLAN, DRAWING C-3 TWO-INCH DIA. WATER 
SUPPLY LINE TO NEW WHSE CONNECTED TO TWO AND ONE HALF-INCH DIA. 

LINE ALONG EASTERN SIDE OF EXISTING WHSE. LATTER IS FIRE LINE 

WITH WATER PUMPED FROM KONG WHICH OBVIOUSLY UNSUITABLE. 

2. NEAREST GOOD WATER SUPPLY SOURCE IS METROPOLITAN WTERWORKS(MWWA) 
4-INCH LINE ALONG POND BEHIND AGRIC ATTACHE RESIDENCE 

(SEE DRWG. C' 

2) FROM WHICH A 2-INCH SUPPLY LINE CAN BE CONNECTED 

AND RUN EASTWARD ALONG EXISTING FENCE OF PARKING AREA TO THE FOUR 

STORAGE TANKS AT NORTH SIDE OF NEW WHSE. 

3. ON BASIS PARA 2 ABOVE, THAI UNIVERSAL ENGINEERING (TUE) QUOTES 
AS FOLLOWS: 

(Q) INSTALL APPROX 143 IM 2-INCH PIPE & FTTGS BALHT 17,063 

(B) INSTALL APROX 43LM 3/4 INCH PIPE & FTTGS 1,612 

(C) 2-INCH WATER METER, FEE & INSTALLATION 
BY MWWA 5,000 

(D) 2-INCH GATE VALVE, FTTGS, REPLACEMENT 
OF EXISTING 4-INCH PIPE BEFORE METER 
UNCLASSIFIED 
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DETERMINED BY MWWA TUE RESPONSIBLE 
FOR COST IN EXCESS OF 11,000 
TO TAL (TOTAL 34,675) 

(E) LESS CREDIT DUE USG FOR DELETION OF 2 INCH 
SUPPLY LINE MENTIONED IN PARA 1. ABOVE 5,356 
NET TOAL BATH 29,3 16 

(F) OVERHEAD & PROFIT 9. PERCENT 2,639 
GRAN TOTAL BATH 31,958 ($1,572) 

4. PROPOSAL VALID UNTIL DEC 10. 

5. REQUEST TELEGRAPHIC AUTHORIZATION ISSUE CHANGE ORDER EXTRA 
FOR ABOVE AMOUNT SOONEST. 

KINTNER 


UNCLASSIFIED 


NNN 
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